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P.O.  Box  200701 
Helena,  MT  59601-0701 
January  9,  1995 

Environmental  Quality  Council,  Capitol  Building,  Helena,  MT  59620 
Montana  Dept.  Fish,  Wildlife  and  Parks 
Resource  Assessment 
Regional  Supervisors 
State  Library 

Lake  County  Commissioners,  106  Fourth  Avenue  East,  Poison,  MT  59860 
Germane  White,  Flathead  Cultural  Committee,  Box  418, 

St.  Igatius,  MT  59865 

Patricia  Hewankorn,  KootenaiCultural  Committee,  Box  1452, 

Elmo,  MT  59917 

Jim  Jenson,  Montana  Environmental  Information  Center, 

P.O.  Box  1184,  Helena,  Montana  59624 
Janet  Ellis,  Montana  Audubon  Council,  P.O.Box  595,  Helena,  MT  59624 
George  Ochenski,  Government  Affairs  and  Consulting, 

P.O.Box  689,  Helena,  MT  59624 

Montana  Wildlife  Federation,  P.O.  Box  1175,  Helena,  Mt  59624 


Ladies  and  Gentlemen: 


An  Environmental  Assessment  (EA)  has  been  prepared  for  the 
Walstad  Memorial  Fishing  Access  Site  construction  project.  The 
site  will  be  constructed  to  Department  standards. 

The  scope  of  the  proposed  work  has  been  determined  to  be 
sufficient  to  initiate  the  H.B.  495  (Section  2 3-1-110 , MCA)  process. 
Both  the  Montana  Environmental  Policy  Act  and  H.B.  495  report 
considerations  are  included  in  a single  document.  The  specific 
items  required  in  H.B.  495  are  identified  on  the  EA  checklist  and 
addressed  in  comments  of  those  respective  sections. 

This  document  is  available  for  review  at  all  Department 
Regional  Offices,  Helena  Headquarters,  State  Library  and  the 
Environmental  Quality  Council.  Any  questions  or  comments  on  this 
project  should  be  addressed  to  the  undersigned  by  February  15, 
1995. 
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MONTANA  STATE  LIBRARY 
1515  E.  6th  AVE. 
HELENA,  MONTANA  59620 


Bruce  J.  Rehwinkel 
Fisheries  Division 
MDFW&P 

(406)  444-2432 
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Montana  Department  of  Fish,  Wildlife  and  Parks 
Fisheries  Division 

Environmental  Assessment  and  H.B.495  Document 

Walstad  Memorial  Fishing  Access  Site  Development  Project 

General  Purpose:  The  1977  Montana  Legislature  enacted  statute 
87-1-605  which  directs  the  Department  to  acquire,  develop  and 
operate  a system  of  fishing  accesses.  The  legislation  established 
an  earmarked  funding  account  to  ensure  that  this  function  would  be 
accomplished.  The  Walstad  Memorial  Fishing  Access  Site  was  secured 
through  a donation  from  the  Lake  County  Good  Fellowship  Club  (3.32 
acres)  and  through  a recreational  easement  from  the  Montana 
Department  of  Transportation  (1.25  acres).  This  project  is 
intended  to  re-build  the  entire  deteriorated  site. 

I.  DESCRIPTION  OF  PROPOSED  ACTION 

A.  Location  of  the  Property 

The  Walstad  Memorial  Fishing  Access  Site  is  located  on  a total 
of  4.57  acres  of  property.  The  legal  description  of  this  site  is, 
Township  24  North,  Range  21  West,  Section  27  - Lake  County.  The 
most  common  travel  route  is  10  miles  north  of  Poison  on  U.S.  93. 

B.  Need  for  the  Action 

The  total  estimated  fishing  pressure  in  Montana  for  1991  was 
2,300,  763  angler  days.  The  Fishing  Access  Site  program  currently 
has  312  sites  distributed  across  the  state  in  all  major  drainages. 
This  program  is  an  essential  component  of  fisheries  management  in 
Montana  because  a large  percentage  of  the  angler  use  is  achieved 
through  these  sites. 

Walstad  Memorial  FAS  is  located  on  Flathead  Lake.  The  entire 
lake  - with  its  10  public  access  sites  as  well  as  private  marinas 
and  hundreds  of  private  residences  - support  73,393  angler  days  per 
year  (1991  estimate) . Flathead  Lake  sustains  a mixed  fishery  of 
Lake  trout.  Lake  Superior  whitefish,  Westslope  Cutthroat  trout, 
yellow  perch  and  Bull  trout.  Flathead  Lake  is  subjected  annually 
to  a winter  drawdown  of  12  feet.  The  boat  ramp  at  Walstad  accesses 
a shallow  portion  of  the  lake  and  therefore  will  not  offer  lake 
access  during  those  winter  months.  Fortunately,  nearly  80%  of  the 
annual  angling  pressure  occurs  during  the  summer  months. 

This  project  is  expected  to  have  no  measurable  effect  on  the 
recreational  use  of  Flathead  Lake.  It  is  possible  that  a better 
quality  access  point  may  redistribute  some  of  the  existing  pressure 
on  the  lake. 


C.  Scope  of  the  Project 

The  proposed  site  design  includes  the  following: 

a)  modified  site  geometries  to  maximize  the  potential 
of  the  property , 

b)  vehicle  and  trailer  parking  sites  will  be  changed 
from  the  present  6-8  stalls  to  18  stalls, 

c)  the  existing  10  foot  wide  boat  ramp  will  be  expanded 
with  another  12  foot  wide  addition, 

d)  a 10  foot  by  60  foot  dock  will  be  added, 

e)  the  existing  latrine  will  be  replace  with  a new 
exposed  aggregate  1000  gallon  vault  latrine, 

f)  a paved  walkway  will  be  added  between  the  latrine 
and  the  paved  handicapped  parking  stall, 

g)  the  parking  area  will  be  graded  for  surface 
drainage,  compacted,  and  surfaced  with  gravel, 

h)  vehicle  barriers  will  be  added  to  control  unwanted 
vehicle  use, 

i)  signs  will  be  replaced  and  or  added  where  needed, 
and 

j)  the  site  will  have  the  boundary  surveyed  and  fenced. 

A preliminary  site  design  is  included  as  Appendix  A. 

II.  IMPACTS  OF  THE  PROPOSED  ACTION 


See  the  attached  checklist. 

A.  Impacts  to  the  Physical  Environment 
2 ) Water  Quality 

In  general,  water  quality  will  be  maintained  despite  this 
construction  project.  Any  sediment  contribution  from  the 
site  to  the  surface  waters  will  be  minimized  by  site 
grading,  gravel  surfacing  of  roadways  and  parking  areas, 
and  expansion  of  a paved  boat  ramp.  Every  effort  will  be 
made  to  limit  the  boat  ramp  construction  period  to  the 
lake's  low  pool  period,  thus  reducing  the  possibility  of 
sediment  discharge  into  the  lake. 
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A temporary  and  slight  degradation  of  water  quality  often 
occurs  during  the  construction  period.  This  is  usually 
unavoidable  during  such  activities  as  boat  ramp  or  dock 
construction.  Any  necessary  construction  activities  that 
might  contribute  sediment  to  the  surface  waters,  will 
require  compliance  with  the  Montana  Department  of  Health 
and  Environmental  Sciences  best  management  practices  for 
these  situations.  Compliance  with  these  stipulations  is 
required  of  all  contractors. 

3)  Soil  Stability 

As  stated  in  the  previous  section,  this  project  will 
minimize  soil  erosion  through  appropriate  temporary 
control  measures  during  the  construction  period  and 
through  proper  design  of  roads  and  parking  areas  for  the 
long  term.  Roads  and  parking  areas  will  greatly  aid  the 
control  of  random  use  of  the  site,  which  results  in 
compromising  the  vegetation  and  increasing  the  erosion. 
The  construction  project  will  avoid  any  unnecessary 
damage  to  vegetative  ground  cover  that  stabilizes  site 
soils . 

4)  Vegetative  Cover 

As  previously  stated,  this  site  project  will  maintain  the 
integrity  of  the  vegetation  that  remains  after  essential 
facilities  are  installed.  Every  reasonable  effort  will 
be  made  to  preserve  the  site  trees. 

Those  portions  of  the  site  that  are  developed  as  roads 
and  parking  will,  in  all  likelihood,  be  irretrievably 
committed  to  recreational  uses.  This  is  an  undeniable 
trade-off  of  potential  open  space  for  increased 
recreational  opportunity. 

5)  Aesthetics 


H.B.  495  requires  consideration  of  the  site's  capacity 
for  development.  The  proposed  design  utilizes  standard 
engineering  practices  to  provide  these  site  facilities. 

Since  this  site  is  already  functioning  as  a recreational 
facility,  the  proposed  project  will  not  appreciably 
change  the  general  site  aesthetics.  Replacing 
deteriorated  facilities  with  new  quality  ones,  will 
encourage  site  users  to  behave  more  responsibly.  Thus, 
the  capital  project  should  positively  impact  the  litter 
and  vandalism  on  the  site. 
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8)  Demands  on  Environmental  Resources 


The  intent  of  the  Fishing  Access  Site  program  is  to 
provide  opportunity  for  quality  water-based  outdoor 
recreation.  This  construction  project  will  provide  some 
additional  parking  space  at  the  Walstad  site.  This 
additional  parking  provided  by  the  new  design  will 
accommodate  the  use  that  already  crowds  into  this  site 
at  present.  The  change  in  the  number  of  parking  spaces 
will  not  noticeably  alter  the  use  of  Flathead  Lake  in 
this  vicinity.  There  should  be  no  change  in  the  quality 
of  the  recreational  experience. 

9)  Historical  and  Archeological  Sites 

The  State  Historic  Preservation  Office  (SHPO)  was 
contacted  regarding  any  required  surveys.  SHPO  noted 
(correspondence  of  July  29,1991)  that  although  no  past 
surveys  were  conducted,  the  proposed  project  was 
primarily  the  renovation  of  existing  facilities.  Contact 
with  the  Confederated  Salish  and  Kootenai  Cultural 
Committee  was  encouraged.  If  the  tribal  elders  did  not 
object,  SHPO  recommended  that  a cultural  clearance  be 
granted . 

A letter  from  the  Department  was  sent  to  the  Confederated 
Salish  and  Kootenai  Cultural  Committee  on  July  31,  1991. 
No  comments  were  ever  received.  Therefore,  the 
department  has  complied  with  all  legal  obligations 
regarding  cultural  resources  at  this  site.  See  Appendix 
B. 

B.  Impacts  to  the  Human  Environment 

6)  Quantity  and  Distribution  of  Community  and  Personal 

Income  - H. B.  495  Requirement  - Tourism 

This  construction  should  improve  the  site  asethetics  and 
will  have  negligible  impact  on  the  local  economy  or  human 
distribution.  This  conclusion  is  supported  by  the  fact 
that  Walstad  is  one  of  10  public  access  points  on 
Flathead  Lake.  The  total  fishing  pressure  from  public 
and  private  sources  is  73,393  angler  days  per  year. 
Combining  the  present  availability  of  access  with 
Flathead  Lake's  size  (about  126,000  acres),  a reasonable 
conclusion  would  be  that  access  is  not  limiting  fishing 
pressure.  Therefore,  the  renovation  of  the  Walstad 
facilities  is  not  likely  to  have  any  noticeable  effect  on 
the  individual  or  community  income. 


! 
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This  project  will  make  Flathead  Lake  access  more 
convenient  (wider  boat  ramp  and  new  latrine)  and  the  site 
more  attractive  aesthetically.  In  turn,  this  will 
enhance  the  recreational  experience  of  users  and  provide 
additional  recreational  opportunities  - especially  for 
those  with  disabilities.  The  site  project  is  not  large 
enough  to  constitute  a major  attraction. 

7)  Access  to  and  Quality  of  Recreational  Activities 

See  the  section  above  entitled,  "Demands  on  Environmental 
Resources . " 

10)  Demands  on  Government  Services  — H.B.  495  Requirement 
- Long-range  Maintenance  of  the  Improvements 

This  site  will  not  add  any  additional  commitment  of 
operation  and  maintenance  funds  for  the  Department  since 
the  site  is  already  being  maintained.  Once  this  project 
is  completed,  some  of  the  present  O&M  expenses  will 
decline  (new  latrine  will  have  a larger  holding  vault 
requiring  less  frequent  pumping) . 

Walstad  Memorial  Fishing  Access  Site  is  located  in  the 
Department's  Administrative  Region  1,  where  there 
currently  are  42  sites  operated  under  the  Fishing  Access 
Site  program.  The  Region  1 operation  and  maintenance 
costs  per  site  is  approximately  $2,400  per  maintained 
site.  Much  of  the  cost  is  the  result  of  transportation 
to  and  from  the  site.  These  costs  will  be  paid  through 
the  earmarked  Fishing  Access  Site  funds  and  license 
dollars  for  the  foreseeable  future. 

11)  nommergial  Activity  — H.B.  495  Requirement  - Impacts  on 
Tourism 

See  the  section  above  entitled,  "Quantity  and 
Distribution  of  Community  and  Personal  Income." 

Additionally,  an  early  draft  of  this  project  proposal  was 
taken  to  the  Montana  Department  of  Commerce,  Travel 
Montana  for  review.  It  was  concluded  that  the  work  would 
have  a mildly  positive  and  unquantif iable  impact  on  the 
local  tourism  economy. 

15)  H.B.  495  Requirement  - Describe  how  this  project  relates 

to  the  entire  Fishing  Access  Site  system,  as  a whole. 

This  project  is  minimal  in  scope  and  is  therefore  within 
the  conservative  intent  of  the  entire  system.  There  is 
nothing  being  proposed  at  this  site  that  could  be 
interpreted  as  a divergence  from  management. 


-6- 


Strategic  Planning  accomplished  by  the  Department  of 
Fish,  Wildlife  and  Parks  during  1992  has  set  five  goals. 
Goal  B is  to  "Provide  increased  opportunities  for  public 
enjoyment  of  fish,  wildlife  and  parks  resources  while 
maintaining  our  commitment  to  improve  landowner- 
sportsperson  relations."  This  Fishing  Access  Site 
project  is  intended  to  accomplish  this  goal  of  providing 
expanded  opportunity. 

Ill . Discussion  and  Evaluation  of  Reasonable  Alternatives 

1)  The  "No  Action11  Alternative 


If  no  alteration  is  done  to  the  Walstad  Memorial  Fishing 
Access  Site,  the  following  situations  are  likely  to 
occur: 

the  boat  ramp  will  remain  narrow  and  difficult  to 
use, 

the  parking  area  will  remain  inadequate  in  size  for 
the  present  use  level, 

spill-over  parking  will  eventually  destroy  the 
native  vegetation  and  result  in  increased  noxious 
weed  problems, 

the  existing  latrine  will  require  frequent  pumping 
because  of  its  small  capacity, 

the  existing  latrine  will  remain  a source  of 
complaints  because  the  design  does  not  properly 
vent  and 

without  proper  boundary  fencing,  the  neighboring 
landowners  will  periodically  have  problems  with  the 
public . 
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2 ) The  Proposed  Alternative 

The  Walstad  Memorial  Fishing  Access  Site  construction 
project  is  an  effort  to  provide  site  facilities  at  a 
responsible  management  level.  This  project  should  result 
in  the  following: 

the  widened  boat  ramp  will  make  unloading  easier  for 
the  angling  public, 

the  parking  area  will  be  appropriately  sized  for 
current  use  levels, 

the  site  protection  provided  by  this  project  should 
keep  the  potential  weed  problems  at  a manageable 
level , 

the  new  latrine  will  reguire  less  freguent  pumping 
because  of  the  greater  capacity, 

the  new  latrine  will  virtually  eliminate  complaints 
regarding  smell,  because  of  a better  venting  design, 

boundary  fencing  should  reduce  - if  not  eliminate  - 
conflicts  between  the  public  and  adjacent  neighbors 
and 

the  site  will  provide  lake  and  sanitary  facility 
access  for  anglers  and  recreationists  with 
disabilities . 

3)  An  Expanded  Project  Alternative 

Several  years  ago,  the  Department  conducted  an  inventory 
of  the  Fishing  Access  Site  system.  The  review  indicated 
that  there  was  millions  of  dollars  of  needed  work.  To 
retire  the  existing  backlog,  a system-wide  minimal 
development  guideline  had  to  be  initiated. 

Therefore,  vastly  expanded  facilities  at  sites  are  no 
longer  an  option. 


I 
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IV.  Environmental  Assessment  Conclusion  Section 


1)  Is  an  EIS  required?  No 

This  review  has  clearly  demonstrated  that  the  impacts 
associated  with  this  project  are  not  significant.  The 
net  result  of  the  proposed  work  is  a positive  improvement 
to  the  human  and  physical  environment. 

2)  Describe  the  level  of  public  involvement.  H.B.  495 
requires  statewide  and  local  announcement. 

Legal  Notices  soliciting  interest  in  public  meetings  will 
be  published  in  the  Lake  County  Leader  (Jan.  12  & Jan. 
19)  , the  Kalispell  Daily  Interlake  (Jan.  8 & Jan.  15)  and 
the  Helena  Independent  Record  (Jan.  7 & Jan.  14)  . 

Further,  the  legal  notices  offered  the  Environmental 
Assessment  to  all  interested  parties. 

3)  Duration  of  the  comment  period? 

Public  comment  will  be  accepted  through  February  15, 
1995. 

4)  Name,  title,  address  and  phone  number  of  the  Person 
Responsible  for  preparing  the  EA/H.B.495  document. 

Bruce  J.  Rehwinkel 

Assistant  Management  Bureau  Chief 

Fisheries  Division 

Montana  Dept,  of  Fish,  Wildlife  and  Parks 
1420  East  Sixth  Avenue 
P.O.  Box  200701 
Helena,  MT  59620-0701 


(406)  444-2432 


DEPARTMENT  OF  FISH,  WILDLIFE  AND  PARKS 

1420  E 6th  Ave,  PO  BOX  200701,  Helena,  MT  59620-0701 

(406)  444-2535 


ENVIRONMENTAL  ASSESSMENT 

Project  Title  Walstad  Memorial  Fishing  Access  Site  Improvement 

Division/Bureau  Fisheries 

Description  of  Project  The  road  and  parkinf  area  are  planned  for 
re-construction,  replacement  of  the  latrine,  expanded  boat  ramp. 

the  addition  of  an  accessible  path  and  parking  site,  the  site  will 

be  surveyed  and  the  boundary  fenced. 


POTENTIAL  IMPACT  ON  PHYSICAL  ENVIRONMENT 


MAJOR 

MODERATE 

MINOR 

NONE 

UNKNOWN 

COMMENTS  ON 

ATTACHED 

PAGES 

1.  Terrestrial  & aquatic 
life  and  habitats 

X 

2.  Water  quality,  quantity 
& distribution 

X 

3.  Geology  & soil  quality, 
stability  & moisture 

X 

4.  Vegetation  cover, 
quantity  & quality 

X 

5.  Aesthetics 

X 

6.  Air  quality 

X 

7.  Unique,  endangered, 
fragile,  or  limited 
environmental  resources 

X 

8.  Demands  on  environmental 
resources  of  land,  water, 
air  & energy 

X 

9.  Historical  & 
archaeological  sites 

X 

POTENTIAL  IMPACTS  ON  HUMAN  ENVIRONMENT 


MAJOR 

MODERATE 

MINOR 

NONE 

UNKNOWN 

COMMENTS  ON 
ATTACHED 
PAGES 

1.  Social  structures  & 

mores 

X 

2.  Cultural  uniqueness 
& diversity 

X 

3.  Local  & state  tax 
base  & tax  revenue 

X 

4.  Agricultural  or 
industrial  production 

X 

5 . Human  health 

X 

6.  Quantity  & 
distribution  of 
community  & personal 
income 

X 

7.  Access  to  & quality 
of  recreational  and 
wilderness  activities 

X 

8.  Quantity  & 
distribution  of 
employment 

X 

9.  Distribution  & 
density  of  population  & 
housing 

X 

10.  Demands  for 
government  services 

X 

11.  Industrial  & 
commercial  activity 

X 

12.  Demands  for  energy 

X 

13.  Locally  adopted 
environmental  plans  & 
goals 

X 

14.  Transportation 
networks  & traffic 
flows 

X 

15.  Site  Specific 
Modification  System 
wide 

X 

Other  groups  or  agencies  contacted  or  which  may  have 
jurisdiction  Flathead  and  Kootenai  Tribes,  Lake  County  Commission 


Individuals  or  groups  contributing  to  this  EA 
Preservation  Office.  Montana  Dept,  of  Commerce.  MDFWP 


State  Historic 


Recommendation  concerning  preparation  of  EIS 
EA  prepared  by  : Bruce  Rehwinkel 


No  EIS  required 


Date:  January  3.  1995 


WALSTED  MEMORIAL  FAS 

NEAR  DIG  ARM.  MONT.  MASTER  SITE  PI.AN 


July  29, 


State  Historic  Preservation  Office 

Montana  Historical  Society 

Mailing  Address:  225  North  Roberts  • Helena,  MT  59620-9990  APPENDIX  B 

Office  Address:  102  Broadway  • Helena,  MT  • (406)  444-7715 

Received 

1991  JL'UOw, 


Paul  Valle 

Montana  Department  of  Fish,  Wildlife  and  Parks 
Capitol  Complex 
Helena,  MT.  59620 

RE:  Park  Developments  Cultural  Resource  Review 


ANo 


” Ra  V*  5,  j 


n D 1 NOV  1 8 

Dear  Paul: 


As  requested  we  have  conducted  a cultural  resource  file  searcrhfv.;-' 
and  review  for  the  projects  listed  below.  Here  are  our  search 
results  and  comments: 


Walstad  Park  (24N-21W-27)  - No  cultural  sites  are  currently 
documented  in  the  park  area  and  we  have  no  record  of  past  survey 
at  this  property.  We  note  that  proposed  developments  will 
primarily  involve  improvements  to  existing  facilities.  We 
suggest  that  the  Confederated  Salish  and  Kooteani  Culture 
Committees  be  informed  about  the  undertaking  and  asked  to  provide 
their  comments.  If  they  express  no  cultural  concerns,  we 
recommend  that  cultural  resource  clearance  be  granted. 
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Flat  Iron  Ridge  (22N-30W-35)  - No  cultural  resource  are  currently 
recorded  in  the  designated  project  location.  Past  survey  in  the 
vicinity  of  the  park  has  been  conducted  by  the  highway  department 
for  a road  improvement  project.  We  note  that  the  area  of  proposed 
construction  improvement  has  been  heavily  disturbed  by  road  and 
jetty  construction  activties.  Much  of  the  site  appears  to  be 
built  on  fill  material  from  highway  construction.  As  such  it  is 
unlikely  that  intact  cultural  resources  are  present  in  the 
development  area. 


Big  Fork  FAS  (27N-20W-36)  - Four  historic  and  prehistoric  sites 
have  been  recorded  in  or  near  this  facility: 


24LA55 

North  half 

36 

Workshop 

24FH427 

NW 

36 

Ranger  Station 

24FH94 

SE 

36 

Fishing  Site 

24FH421 

SE 

36 

Log  Structure 

We  note  that  this  project  will  involve  replacement  of  an  existing 
boat  ramp.  It  does  not  appear  that  this  action  will  impact  any  of 
these  recorded  sites.  This  does  not  appear  to  be  the  kind  of 
action  that  would  pose  a threat  to  significant  cultural 
resources . 
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1420  East  Sixth  Avenue 
P.O.  Box  200701 
Helena,  MT  59620-0701 
February  28,  1995 


Environmental  Quality  Council,  Capitol  Building,  Helena  59620 

Montana  Dept,  of  Fish,  Wildlife  and  Parks 
Resource  Assessment 
Regional  Supervisors 

Germaine  White,  Flathead  Culture  Committee,  Box  418 
St.  Ignatius,  MT  59865 

Patricia  Hewankorn,  Kootenai  Culture  Committee,  Box  1452 
Elmo,  MT  59917 

State  Library 

Jim  Jenson,  Montana  Environmental  Information  Center, 

P.O.  Box  1184,  Helena,  MT  59624 

Janet  Ellis,  Montana  Audubon  Council,  P.O.Box  595,  Helena,  MT  59624 

George  Ochenski , Government  Affairs  and  Consulting, 

P.O.  Box  689,  Helena,  MT  59624 

Montana  Wildlife  Federation,  P.O.  Box  1175,  Helena,  MT  59624 


Ladies  and  Gentlemen: 

The  Department  of  Fish,  Wildlife  and  Parks  has  proposed  an 
improvement  project  at  the  Walstad  Fishing  Access  Site.  An 
Environmental  Assessment  was  produced,  the  public  was  given  notice 
and  the  document  was  distributed. 

No  comments  were  received. 

The  Department  has  decided  to  proceed  with  the  Walstad  improvement 
as  evaluated  in  the  Draft  Environmental  Assessment.  This  decision 
was  made  February  28,  1995. 

Thank  you. 


Sincerely , 


Larry  G.  Peterman 
Administrator 
Fisheries  Division 
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